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GOVERNMENT OF ANDHRA PRADESH 

X -- 

ABSTRACT 

- 

Water Resources Department Dr. K.L. Rao Sagar Pulichintala Project 
Administrative sanction for ( 1 ) Supply of all materials , fabrication and erection of new 
Radial Gate No. 16 of Dr.K.LRao Pulichintala Project for an amount of Rs.754.20 
Lakhs ( 2 ) Strengthening of Piers at trunnion level ( from the top of yoke girder to 
bottom of the vertical anchor rods ) of Pulichintala Project for an amount of 
Rs.173.20 Lakhs ( 3 ) Operation and Maintenance of Radial Gates , Gantry Crane and 
River Sluice Gates of Dr. K.L Rao Pulichintala Project for an amount of Rs.957.10 
Lakhs and ( 4 ) Administrative sanction for the work of Procurement , Fabrication and 
Erection of trunnion level walkway bridge including railing and ladders to radial gates 
for an amount of Rs.320.00 Lakhs and also to ratify the action taken by the Chief 
Engineer in according Technical sanction and instructing the SE to call short tenders 
and entrustment of the work duly deleting from scope of EPC Agency i.e. , vide 
Agreement No.1 SE / 2004-05 , dated : 30.09.2004 - Orders - Issued . 

WATER RESOURCES ( Projects - II ) DEPARTMENT 

G.O.RT.No.1342 . 

Dated : 01.06.2022 . 
Read the following : 

1 ) Govt . , Memo.No.MJIR / 505 / 2021 - Projects - II - 1 , dated : 07.08.2021 . 
2 ) From the CE , KDS , Vijayawada Letter No.CE / KDS / VJA / O.T - 1 / AEE - 3 / PP / Gate 
No. 16/2945 , dated : 27.12.2021 , 16.05.2022 & 23.05.2022 . 

<<< >>> 

ORDER : 

In the reference 1st read above , Government have constituted a Technical 
Expert Committee to assess the reasons that led to the failure and washing away of 
the 16th Spillway Radial Gate of Dr KL Rao Sagar Pulichintala Project on 05.08.2021 
and suggest remedial measures to restore the same . The Technical Expert 
Committee was also requested to examine all the dam and appurtenant works 


including all other gates for their strength , stability and sustainability and suggest 
remedial measures , if any , needed for their efficient functioning . 

2 ) . In the reference 2nd read above , the Chief Engineer , Krishna Delta System , 
Vijayawada , while enclosing the report of the Technical Expert Committee along with 
detailed estimates and explaining the details and circumstances , has requested the 
Government , keeping in view the urgency to replace the radial gate No.16 before 
onset of Monsoon and to keep all Spillway gates in operation with due provision of 
access by completing walkway bridge and strengthening of piers , to accord 
administrative approval for the following works for an amount of Rs.22.05 Crores 
and to permit for calling short notice tenders for each work separately as nature of 
works are different to meet qualification criteria and to facilitate to take up each work 
on priority to save delay , under Head of Account " MH 4700 - Capital outlay on Major 
Irrigation -01 Major Irrigation- Commercial M.H.128 Pulichintala Project -G.H.11 
State Development Plan - S.H ( 26 ) Dam and Appurtenant works- 530 Major works - 
531 Other Expenditure " . 

1 ) ( a ) " Supply of all materials , Fabrication & Erection of new Radial Gate 
No.16 of of Dr.K.L.Rao Sagar Pulichintala Project " for Rs.753.99 Lakhs . 
( b ) " Strengthening and Epoxy Grouting of Piers " for Rs.173.73 Lakhs . 

2 ) " Operation and Maintenance of Radial Gate , Gantry Crane and River 
Sluice gates of Dr.K.L.Rao Sagar Pulichintala Project " for Rs.957.06 Lakhs . 

3 ) " Procurement , fabrication & erection of trunnion level walkway bridge 
including railings and ladders to radial gates " for Rs . 320.00 lakhs . 

3 ) . Government , after careful examination of the proposals , hereby accord 
( i ) Administrative sanction for the following works for Rs.1884.50 Lakhs ( Rupees 
one thousand eight hundred eighty four lakhs and fifty thousands only ) and also 
permitted for calling short tender notice for each work separately as nature of works 
are different to meet qualification criteria and to facilitate to take up each work on 
priority to save delay .. 

SI.No 

Name of the work 

Amount 
( in Lakhs ) 

a ) 

754.20 

Supply of all materials , fabrication and erection of new 
Radial Gate No.16 of Dr. K.L.Rao Pulichintala Project 
Strengthening of Piers at trunnion level ( from the top of yoke 
girder to bottom of the vertical anchor rods ) of Pulichintala 

b ) 

173.20 

Project 

c ) 

Operation and Maintenance of Radial Gates , Gantry Crane 957.10 
and River Sluice Gates of Dr. K.L Rao Pulichintala Project 

1884.50 

Total 
and 

( ii ) . Administrative sanction for the work of Procurement , Fabrication and Erection of 
trunnion level walkway bridge including railing and ladders to radial gates for an 
amount of Rs.320.00 Lakhs ( Rupees three hundred twenty lakhs only ) and also 


ratifying the action taken by the Chief Engineer in according Technical sanction and 
instructing the SE to call short tenders and entrustment of the work duly deleting 
from scope of EPC Agency i.e. , vide Agreement No. 1 SE / 2004-05 , 
dated : 30.09.2004 . 

" 4700 Capital 

4 ) . The above expenditure is changeable under Head of Account 
Outlay on Major Irrigation -01 Major Irrigation - Commercial - M.H.128 Pulichintala 
Project ( Dr.K.L.Rao Sagar Project ) - G.H.11 State Development Schemes - S.H 
( 26 ) Dam and Appurtenant works -530 Major works- 531 Major works " . 

5 ) . The Chief Engineer , Krishna Delta System , Vijayawada shall take necessary 
action accordingly . 

6 ) . This order issues with the concurrence of Finance Department , vide their 
U.O.No.FIN01 - FMUOMRAS ( WR2 ) / 63 / 2022 - FMU - WR - II , Computer No.1736105 , 
dated : 30.05.2022 . 

7 ) . This order is available online and can be accessed at http://apegazette.cgg.gov.in . 
( BY ORDER AND IN THE NAME OF THE GOVERNOR OF ANDHRA PRADESH ) 

SHASHI BHUSHAN KUMAR 

PRINCIPAL SECRETARY TO GOVERNMENT 

To 

The Chief Engineer , Krishna Delta System , Vijayawada . 
Copy to : 

The P.S to Secretary to CM . , 

The P.S to Hon'ble Minister for Water Resources . 

The P.S to Principal Secretary to Government ( WRD ) . 

The Finance ( FMU- WR.II ) Dept. , 

The Accountant General , A.P. , Vijayawada . 

The Director of Works and Accounts , Ibrahimpatnam , Vijayawada . 
Sf / Sc . 

// FORWARDED :: BY ORDER // 


SECTION OFFICER 


